














1 BILL NO. S860277 
2 SPECIAL ORDINANCE NO. S- HEA 
3 AN ORDINANCE approving Change Order 
No. 1 (FINAL) for Water Contract 
4 85-XP-7, 16'' Water Main to North 
American Van Lines, with all Star 
5 Construction, Inc., in connection 
with the Board of Public Works 
6 and Safety of the City of Fort 
7 Wayne, Indiana. 
8 NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
9 OF THE CITY OF FORT WAYNE, INDIANA: 
10 SECTION 1. That Change Order No. 1 (FINAL) for Water 
11 Contract 85-XP-7, 16" Water Main to North American Van Lines, 
12 with All Star Construction, Inc., in connection with the Board 
13 of Public Works and Safety, for: 
14 This Change Order is necessary 
because planned easement could 
15 not be obtained along Washington 
Center Road. Therefore, main had 
16 to be installed in right-of-way, 
which required the additional quan- 
17 tities; 
18 involving a net increase of Two Thousand Nine and 54/100 Dollars 
19 ($2,009.54), all as more particularly set forth in the specifications, 
20 and which is on file with the Office of the Board of Public Works 
21 and Safety and is by reference incorporated herein, made a part 
22 hereof, and is hereby in all things ratified, confirmed and approved. 
23 SECTION 2. That this Ordinance shall be in full force | 
24 and effect from and after its passage and any and all necessary 
25 approval by the Mayor. 
26 
27 
28 
APPROVED AS TO FORM 
29 AND LEGALITY 
30 
31 
erger, City Attorney 
32 
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Ka 1 ANT 
DATE: PEE ee E K Lee : 
SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the CLty of Fort 





Wayne, Indiana, as (ANNEXATION) — (APPROPRIATION) — (GENERA 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTEON)— NO. A 5 


on the Z BLA day of PE ERE ; j: 19d A 






ATTEST: (SEAL) . 
caplet a ony ; A T Ven E 
SANDRA EB. KENNEDY, CITY CLERK'S ; PRESIDING OF TER ; 


- Presented by me to the ee Of the City sof Fort Wayne, Indiana, 
on the A Saal day of A gee : f TA aS 


at the hour of ZJ- FP o'clock 





Fs SPI ON ja Kerret 


é 
SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this ke Feaay of ABA i ; 
19 kG ’ at the hour of go o'clock ae -M.,E.S.T. 





Ee J 
WIN MOSES, JR., MAYOR 





CHANGE ORDER Contract No. 89-XP-7 





Change Order No. ONE (FINAL) ` Resolution No.‘ --- 
Project No. Board Order No. 86-85 
Name of Project _16" WATER MAIN TO NORTH AMERICAN VAN LINES Date 

To: ALL STAR CONSTRUCTION, INC. 


(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 











Description of Change ee Change in Contract Price 


21.44 557.44 


ASPHALT RESTORATION 254295 6565-50 


Total Decrease 

















Total Increase 2,009.54 


Net @easease) (Increase) Contract Price 
The sum of $ 2,009.54 is hereby (added to) (dedugredxfxem) the total contract price 
and the final contract price shall be adjusted as follows: 
Original Contract Price Ss 2727770-98 
Current Contract Price Adjusted by Previous Change Order $ = 
New Contract Price Including This Change Order $274,185.92 


The time provided for completion in the contract for this project is (unchanged) Ginomeased) 


(deoneesek) by _ -0- calendar days due to this Change Order. The date for completion 
of all work shall be_unchanged . Furthermore, this document shall become an 
amendment to the contract and l pyovisions of the contract shall apply hereto. 

ff 


| Recommended byt oye - LEC%H_fS (Chief Water Engineer) Date F- 386 
Accepted by: A La /, vA 2g (Contractor) Date G-3- We 
Approved by: hu | À ph TETES TT EA G - G sae h © l 
Approved by: A Nes aly A je &,. (Chm. Bd. of Works) Date ii a f= LE 


ip FOS —— E 
Kae ANE ember Bd. of Works) Date ime Re =E G 


K 3 Minber Bd. of Works) 


Attested D mi LY, ab. A (cite Hace 7 IY S 


3 ; henge Order No. ONE (FINAL) 


é F kesciution No. ited 


j i Board Order No. 86-85 








REQUEST AND JUSTIFICATION FOR CHANGE 


PLANNED EASEMENT COULD NOT BE OBTAINED ALONG WASHINGTON CENTER RD. 
en BLINN LOIN IN LE) et 


THEREFORE, MAIN HAD TO BE INSTALLED IN RIGHT-OF-WAY, WHICH REOUIRED THE ADDITIONAL 


QUANTITIES. 




















Will proposed change alter size of the project? Yes No 





Í yes, explain 





Affect on operation and maintenance cost of this project: 


NONE 





ary F. Reinke 


Engineer 


POH 
Admn. Anpr. 


TITLE OF ORDINANCE Change Order #1 (FINAL) for Water Contract 85-XP-7, 16" Water Main t 
Nor American Van 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE Change Order #1 (FINAL) for Water Contract 85-xXP-7, 16" Water 





Main to North American Van Lines is necessary because planned easement could not be 
obtained along Washington Center Rd. Therefore, main had to be installed in 
right-of-way, which required the additional quantities. All Star Construction, Inc. 


is the contractor. : of ore. 7-2 

















hse I aa ee Senge gt ge eee tye Te, eee ee ee lee ae eee 
Se aa OE SS oe, ee es hi ey a a ee I. 

EFFECT OF PASSAGE To facilitate campletion of project. 

Ne a ee a EAT ae a ee Sal, tn e E, 
OC er e ee 
E ter NOMAD Age pee e 5 0 we ie ee ee a ee 
Sc a 2 > E E ye ee Oo I ge T ee eee 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) ‘Increase of $2,009.54 


E Mien i a SES a ee a ok ee we 
ASSIGNED TO COMMITTEE 


SS EEE 
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BILL NO. S-86-09-27 





REPORT OF THE COMMITTEE ON CITY UTILITIES 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (ABBORUPEGN) approving Change order __ 


No. 1 (FINAL) for Water Contract 85-XP-7, 16" Water Main to North 
Amercian Van Lines, with All Star Construction, Inc., in connection 


__with the Board of Public Works and Safety of the City of Fort 


Wayne, Indiana 


TAE a ee eg eS 8 














HAVE HAD SAID (ORDINANCE) (G@ES6EUE96N) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESSHILLON ) 


| 










PAUL M. BURNS 
* CHAIRMAN es nba eee 


THOMAS C. HENRY 
VICE CHAIRMAN 


BEN A. EISBART 
STIER 


GiaQUINTA 
ee er Bat Eo 


SANDRA E. KENNEDY 
CITY: CLERK 
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CONCURRED IN 


